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Mr.. Coy Tozzoli . . • 

Tort of lie'./ Yo-k Authority ' ' './-'^ 

111 Eighth Ave mi a 

New York, Hew York 10011 -■ \ ' A 

Dear Mr. Tozzoli: = . . ' . .* .'. . : '- : "_ 

Re: World Trade Center Contract Hoi. 400.00 

With regard. to the recent restrictions iropooe.d by the 
Environmental Protection. Administration of the City of - \ '. 
New York vhich in effect prohibits- further use of Cafco 
aabeGtoa inaulation on the Port Authority's World Trad a ' 
'Center -project: , v/e are indeed worry for the temporary 
delay that has resulted.. * *- ... 

When a oubctitvite non- asbestos material hoc been approved, 
by the Authority and you hr.vG oo advised us officially, 
it ia our desire and intent - and v;o have advised Cupples - 
"to proceed full cpeed ahead applying the uubctitute oatcriol, 

After a few days*' experience in applying the aubatituto" .-' 
material and certain laboratory iiwcstigation we will do .- ' 
in hopeo of exposing any technical or economic factors - 
unknown at this time, we would cxpact' to meet with ycu ( . 
if necessary, to reach a complete understanding and agree- 
ment aa to -any additional costs that are involved, For 
exataple, we h^ve already been advised; that the substitute 
noiwicbcstos "r«r-tcrial that will hopefully be approved will 
cost- approximately $173,000.00 cddition.ul. There "may be 
other iteraa which are not known at;. this tiraa.' 

1 hope thin euggected .approach to tho.' probloaa maats with 
your ■ complete caciyfaction. ■ 


Vary cinccroly ycura," 


T. 0, EnftUith 
TO-::lc 
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